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NOTIFICATIONS BY GOVERNMENT 

GOVERNMENT OF ANDHRA PRADESH 
ABSTRACT 


WATER RESOURCES ( Projects - II ) DEPARTMENT 


IIIII 


Water Resources Department Pula Subbaiah Veligonda Project -T5 Block 
( i ) Permission for deletion of the work under Clause 60 ( c ) of PS to APSS from the 
scope of the original agency ( ii ) According administrative sanction for an amount 
of Rs.83.78 Crores for the balance work of Earth Work Excavation and Banking of 
Tail end branch canal of Teegaleru Branch Canal under Pula Subbaiah Veligonda 
Project including CM & CD Works along with Distributary network to create an 
ayacut of 11,500 Acres in Pullalacheruvu Mandal of Prakasam District and 
( iii ) Accord permission for calling Tenders to take up the work by the new agency 
Orders - Issued . 


RIGHT TO 
INFORMATION 


<<<< >>>> 


Dated : 17.08.2022 . 
Read the following : 

1 ) From the Chief Engineer ( Projects ) , Ongole Letter No.CE & DWRO / PKM 
DIST / OGL / DEE2 / AEE1 / VGP / Pac - II / Vol . / 360 , dated : 17.04.2020 , 
30.07.2020 , 16.07.2021 . 


2 ) From the Chief Engineer ( Projects ) , Ongole Letter No.CE & DWRO / PKM 
DIST / OGL / DEE2 / AEE1 / PSVGP / P - II / Vol.23 / 960 , dated : 21.10.2021 . 

3 ) From the Engineer - in - Chief ( Irrigation ) , Vijayawada letter No. ENC ( 1 ) / DCE 
( GDS ) / OT3 / AEE9 / Ongole , dated : 16.02.2022 . 


ORDER : 

In the reference 1st read above , the Chief Engineer ( Projects ) , Ongole while 
explaining the details and circumstances has submitted the estimate for T5 Block 
of Teegaleru Canal under Pula Subbaiah Veligonda Project in the interest of 
people of the severe drought prone area of Pullalacheruvu Mandal of Prakasam 
District for necessary permission for the following at an early date to complete the 


G.850 


Project within the target fixed by the Government stated that the project is a 
prioritized one on under NAVARATNALU considered by the Government . 


a . Permission to delete the part of tail branch canal of Teegaleru Canal and 
11,500 acres of disributory system in Pullalacheruvu Mandal of 
Prakasam District , under clause 60 ( C ) P.S to APDSS from the original 
agency ( M / s Jai Prakash and Gayatri ( JV ) , Hyderabad ) . 

b . Administrative approval for an amount of Rs.84.25 Crores for balance 


work . 


C. Permission for calling Tenders in order to take up the work by the new 
agency . 


2 ) 

In the reference 2nd read above , the Chief Engineer ( Projects ) , Ongole 
while submitting the recasted estimate has requested the Government , to accord 
administration approval for " Earth work Excavation and Banking of Tail End Branch 
canal under Chinnakandaleru canal taking off from 15R Tail end Branch Canal of 
Teegaleru branch canal under Pula Subbaiah Veligonda Project including CM & CD 
works along with Distributory network to create an ayacut of 11,500 Acres in 
Pullalacheruvu Mandal of Prakasam District " for an amount of Rs.83.78 Crores 
with SSR 2021-22 , under the Head of Account 4700- COL on Major Irrigation 
Projects -01 Major Irrigation- ( Commercial ) - MH 138 -Veligonda Project- GH ( 11 ) 
Normal State Plan - SH ( 27 ) - C & D - 530 Major works - 531 Major works . 


3 ) In the reference 3rd read above , the Engineer - in - Chief ( Irrigation ) , 
Vijayawada has requested the Government to consider the recommendations of 
the Chief Engineer ( Projects ) , Ongole to accord administrative approval for the 
above work . 


4 ) Government after careful examination of the proposal , hereby ... 

A ) Accord permission for deletion of the work under Clause 60 ( c ) of PS to APSS 
from the scope of the original agency i.e. , M / s Jai Prakash Gayatri ( JV ) , 
Hyderabad vide Agreement . No.3 VGP / 2004-05 , subject to the following : 


I. Testification of the actual ayacut of the distributary system , in view of the 
observations of the SLSC & IBM Committee . 


II . Ensuring of the following , while imposing Clause 60 ( c ) for deletion of the 
work . 


( i ) The additional cost if any involved in the execution of the deletion 
portion of the work shall be recovered from the original agency up to 5 % 
of the total finished contract amount . 


( ii ) Sufficient amount is available in the form of EMD / FSD / RMD / Work 
done to be paid , etc. to make good the adverse QC remarks , Audit & 


Vigilance objections , Court attachments , and any other dues to 
Government under the contract . 


( iii ) Necessary release & discharge certificates shall be obtained 
unconditionally from the agency . 


B ) Accord administrative sanction for 

amount of Rs.83.78 Crores 
( Rupees eighty three crores and seventy eight lakhs only ) for the balance 
work of " Earth Work Excavation and Banking of Tail end branch canal of 
Teegaleru Branch Canal under Pula Subbaiah Veligonda Project including 
CM & CD Works along with Distributary network to create an ayacut of 11,500 
Acres in Pullalacheruvu Mandal of Prakasam District " the details of the 
works is annexed , under Head of Account 4700 Capital Outlay on Major 
Irrigation -01 Major Irrigation- Commercial M.H.138 Poola Subbaiah 
Veligonda Project - G.H.11 State Development Schemes S.H ( 27 ) -530 
Major works- 531 Major works . 

C ) 

Accord permission for calling Tenders to take up the work by the new agency . 

5 ) The Chief Engineer ( Projects ) , Ongole shall take necessary action accordingly . 

6 ) This order issues with the concurrence of Finance ( FMU - W.R.II ) Department , vide 
their U.O.No.FIN01- FMUOMRAS ( WR2 ) / 180 / 2020 - FMU - WR - II , Computer 
No.1168552 , dated : 12.08.2022 . 


7 ) This order is available online and can be accessed at http://apegazette.cgg.gov.in . 

( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH ) 


SHASHI BHUSHAN KUMAR 

PRINCIPAL SECRETARY TO GOVERNMENT 


To 

The Chief Engineer ( Projects ) , Ongole . 


Copy to : 

The Engineer - in - Chief ( Irrigation ) , Vijayawada 

The P.S to Secretary to CM . , 

The P.S to Hon'ble Minister for Water Resources . 


The P.S to Principal Secretary to Government ( WRD ) . 

The Finance ( FMU - WR.II ) Dept. , 


The Accountant General , A.P. , Vijayawada . 

The Director of Works and Accounts , Ibrahimpatnam , Vijayawada . 
Sf / Sc . 

// FORWARDED :: BY ORDER // 


SECTION OFFICER 


( Annexure to the G.O.RT.No.1824 , Water Resources ( Projects - II ) Department , 
dated : 17.08.2022 ) . 


S.No 


1 


2 


3 


4 

5 


Description 


PART - A 

Earth work excavation for tail end distributary 
15R from Km 6.850 to Km 30.250 


CM & CD works for tail end distributary 15R 
canal from Km 6.850 to Km 30.250 


Lining in vulnerable reaches of tail end 
distributary 15R from Km 6.850 to Km 30.250 
Mechanical items from Km 6.850 to Km 30.250 


Distributary net work for 11,500 acres 
( 11,500 acres x Rs.10,500 / - per acre ) 


PART - A Total 


PART - B 

1 GST @ 12 % 

2 NAC@0.1% 

3 Seigniorage charges 

4 

For tender publication and photographic charges 

Grand Total 


Amount ( Rs . ) 


28,23,13,255 


28,27,61,576 


4,49,06,635 


66,356 

12,07,50,000 


73,07,97,822 


8,76,95,739 

7,30,798 

1,84,85,109 


90,532 

837800000 or Say 

Rs.83.78 Crores 


SHASHI BHUSHAN KUMAR 

PRINCIPAL SECRETARY TO GOVERNMENT 


